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BILL NO. S-85-12-/o 
SDRATAL ORDINENCE NO: 62° ar OO eS 
AN ORDINANCE approving Change Order 

No. l for Water Contract 8406 - Hacienda 

Village Water Main, with All Star Con- 

struction & Excavating, Inc., in connec- 

tion with the Board of Public Works and 


Safety of the City of Fort Wayne, In- 
diana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 for Water Contract 
8406 - Hacienda Village Water Main, with All Star Construction and 
Excavating, Inc., in connection with the Board of Public Works and 
Safety, for: 
Change Order #1 for Water Contract 
8406, Hacienda Village Water Main, 
is necessary due to the shifting 
of the water main due to drainage 
which necessitated the increase of 
the replacements; 
involving a net increase of One Thousand Three Hundred Sixteen 
and 70/100 Dollars ($1,316.70), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof and is hereby in all things 
ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 
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APPROVED AS TO FORM 





City Attorney 








. Read the first time in full and on motion by_. EAA L a 
seconded by AKAK _, arid duly adopted, read the seco time 


by title and referred to the Committee, Ce~z , (and the City 
Plan Commission for. reconmendation).iand 2usli eld after 
due legal notice, at the Council Chambers,— 









ing, Fort Wayne 








Indiana, on Pay sts day of 
rei ks) peat CE oe 
Ar 2 F es 
DATE: ae ce £F 
SANDRA E. KENNEDY, CITY CLER 
Read the third time in aa and on motion by Kher M ; 
seconded by 2 , and duly adopted, plece on its 








passage. PASSED Tesh By the following vote: 
AYES NAYS ABSTAINED ABSENT  TO-WIT: 

TOTAL VOTES fos oe 

BRADBURY Awe Lae 

BURNS ee ea 

EISBART poe, os bes 

GiaQUINTA ee Forti 

HENRY He one 

REDD ia an 

SCHMIDT ee eo 

STIER ae Soe 

TALARICO Iw 





en k Mae 2 Ear A 


SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) ~~ (GENERAL) 





(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION)— NO. z OSP OU 
on the RAAI day of [Er eanhe) i F r9 ae , 


ATTEST: ; EA 


PRESIDING Ọ FICER 





SANDRA E. KENNEDY, CITY CLERK 








Presented by me to the uct of the aay ort Wayne, Indiana, 
on the CG LA day of {Ge Cey hez’ Pe plese: SO ae 
at the hour of Er ae o'clock oe MEELST. 





SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this FIP aay of See a eee 


19 Ta j at the. hour of Boe Pay Pal o Ue 





WIN MOSES, JR., MAYOR 


CONTRACT 


ange Order No. l J Deaan No. 8406 
“oject No. 8406 : ; Board Order No. 151-83 


me of Project > HACIENDA VILLAGE . i Date _. NOVEMBER 18, 1985 
a : * —————— 


aH ALL STAR CONSTRUCTION & EXCAVATING, INC. : 


(Contractor) 


ontlenen: 


nu are hereby requested to comply with the following changes from the contract plans 
id specifications: 


, 

' 

1 

‘ 

| 


tem Description of Change |__| Change in Contract Price 
bok Ouameity | > o Description a o aoe rice Decrease Increase 
1 7.5 L.F.| 8" CL 50 D.I. WATER MAIN 12.20 91.50 
2 | 1. L.F.|6" CL 50 D.I. WATER MAIN 9.80 prep a 
11 | 8.5 L.F.| ASPHALT PAVEMENT REPLACEMENT 12.00 | 102.00 
12 - | 32.5 L.F. | CONCRETE DRIVEWAY REPLACEMENT 24.40 | 793.00 
13 | 68.0 Bec RESTORATION ` | 1.00" 68.00" | 
14 34 Pee ees RIP RAP : 12.00 i | 408.00 
Total Decrease 77.80 


Total Increase 





Net (exemeese:) (Increase) Contract Price : 1,316.70 





he sum of $ 1,316.70 is hereby (added to) GEA 


ÈX 5E) the total contract pr: 
nd the final contract price shall be adjusted as follows: 


Original Contract Price $ 33,923.96- 

Current Contract Price Adjusted by Previous Change Order $ 33,923.96 

New Contract Price Including This Change Order $ 35,240.66 
he time provided for completion in the contract for this project is (unchanged) X%cooxsase 
cerkecaszed) by -0- calender days due to this Change Order. The dete for completio: 
£ all work shall be __ same . Furthermore, this document shall become an 







mendment to the contract and,all provisions of the contract shall apply hereto. 
CAAM (Chief Water Engineer Date EUIS 
i ; 
[| IEA (Contractor) Date LLG, ZS 


(Director of Water Resources)pate 


Date -2 ram 
Date 2B Z- fs 


ee (EEF 





ecommended by: 











ccepted by: 


pproved by: 


ale 
aA 
pproved by awh» KALAA 
(gin Rt 
Us 
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. Board Order No. _151-83 
REQUEST AND JUSTIFICATION FOR CHANGE 
Necessity for change: THE SHIFTING OF THE WATER MAIN DUE TO DRAINAGE, NECESSITATED 


THE INCREASE OF THE REPLACEMENTS. 
ine a es ool Se ee 


aa A RA T a a a er CS 


ee ees 
FR ST RR E aE aa a aaa a re Oe Se ae Eee oe eS 


Will proposed change alter size of the project?’ Yes -Ro X 3 





If yes, explain 


aer T pii 3 mn eee a a ae 
, | 
Affect on operation and maintenance cost of this project: 


NONE 
E eS 


—_—_ ee 

















J O o~ ss 
Admn. Appr. 
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TITLE OF ORDINANCE Change Order #1 for Contract 8406, Haciend Village 






DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety )~ 
SYNOPSIS OF ORDINANCE Change Order #1 for Contract 8406, Hacienda Village Water Main, 
is necessary due to the shifting of the water main due to drainage which necessitated the 


increase of the replacements. All Star Construction & Excavating, Inc., is the contractor, 





EFFECT OF PASSAGE To facilitate completion of this project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $1,316,70 


ASSTGNED TO COMMITTEE 


BILL NO. 2789-12-14 


CETY ULTILELTIES 


REPORT OF THE COMMITTEE ON i i 
E ee de 


WE, YOUR COMMITTEE ON CITY UTILITIES - - TO WHOM WAS 





REFERRED AN (ORDINANCE) ` (RYSOHYPPON) AN ORDINANCE approving Change Order 
No. 1 for Water Contract 8406 - Hacienda Village Water Main, with All Star 


Construction & Excavating, Inc., in- connection with the Board of Public Works and 


7 ee i S s: . - . 
Safety of the City of Fort Wayne, Indiana. ee - 





HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG i 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOLUTION) 





THOMAS C. HENRY oe a j 
CHAIRMAN. ee ee a ae 


JANET G. BRADBURY ce oe 
VICE CHAIRWOMAN — ee 


DONALD J. SCHMIDT 


JAMES S. STIER. 





2-22 CHARLES B. REDD | 


— 


CONCURRED an 72 tS -AS SANDRA E. KENNEDY 
oa CITY CLERK 


s 





